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Message Text 

UNCLASSIFIED 

PAGE 01 CARACA 04639 110342Z 
ACTION ARA-10 

INFO OCT-01 ISO-OO EB-07 /018W 

112258Z 000219/64 

R 101953Z MAY 77 
FM AMEMBASSY CARACAS 
TO USDOC WASHDC 
INFO SECSTATE WASHDC 7585 

UNCLAS CARACAS 4639 

PASS TO OED/MEPD, OIM. AND SIPS 

E.O. 11652: N/A 
TAGS: BENC, ENRG, VE 

SUB J : MAJOR PROJECT: 800 KV TRANSMISSION LINES 

REF: (A) STATE 2361 15 (1976); (B) CARACAS 9856 (1976) 

(1) PROJECT NAME: ELECTRICIDAD DEL CARONI (EDELCA) 800 KV 
DOUBLE CIRCUIT TRANSMISSION LINE. 

2. BRIED DESCRIPTION: CONSTRUCTION OF 750 MILE LONG 800 KV 
DOUBLE CIRCUIT TRANSMISSION LINE FROM GURI DAM TO VILLA CURA 
(APPROXIMATELY 20 MILES SE OF MARACAY). PROJECT WILL ALSO ENTAIL 
CONSTRUCTION OF FOUR SUBSTATIONS, THREE OF WHICH WILL HAVE 
TRANSFORMERS. APPROXIMATELY 35,000 METRIC TONS OF STEEL WILL 
BE NEEDED FOR TOWER CONSTRUCTION. IT IS EXPECTED THAT AT 
LEAST PART OF THAT STEEL WILL BE IMPORTED BECAUSE OF LOWER 
PRICE (S800/METRIC TON VS. $1200 FOR DOMESTICALLY PRODUCED STEEL) 

AND ANTICIPATED DIFFICULTY IN OBTAINING SUFFICIENT QUANTITIES 

OF LOCALLY PRODUCED STEEL. ALL CABLE EXPECTED TO BE PRODUCED 
LOCALLY. EDELCA’S ADVISORS ON THIS PROJECT ARE POWER TECHNOLOGY, 

INC. FO SCHENECTADY, N.Y. AND B.E.L.T. OF CANADA. 

3. EXECUTING AGENCY/PROJECT MANAGER: ING. DAVID BONAGURO; 

EDELCA; EDIFICIO GENERAL DE SEGUROS, 3ER PISO-DEPARTAMENTO DE 
UNCLASSIFIED 

UNCLASSIFIED 

PAGE 02 CARACA 04639 110342Z 

LINEAS; AVENIDA LA ESTANCIA, CHUAO; CARACAS, VENEZUELA. 

4. STATUS OF PROJECT/ANTICIPATED BID DATES: CALLS FOR 
PREQUALIFICATION OF FIRMS INTERESTED IN THIS PROJECT IS EX- 
PECTED TO BE MADE IN AUGUST OR SEPTEMBER 1977. RECEPTION OF BIDS 
IS EXPECTED TO OCCUR DURING THE FIRST QUARTER OF CY 1978. 

AWARDING OF CONTRACT EXPECTED EARLY IN SECOND QUARTER OF CY 
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1978. CONSTRUCTION EXPECTED TO BEGIN IN MID-1978. PROJECT 
SCHEDULED FOR COMPLETION IN LATE CY 1981. 

5. ESTIMATED PROJECT COST/FOREIGN CONTENT: TOTAL COST ESTI 
MATED AT $233 MILLION; FOREIGN CONTENT ROUGHLY ESTIMATED AT $90 
MILLION. 

6. COMPETITIVE FACTORS: STRONG COMPETITION EXPECTED FROM 
CANADIANS. CANADIAN FIRM B.G. CHECKOV (PHON.) EXPECTED TO 
PREQUALIFY BUT HAS NOT YET FORMED ASSOCIATION WITH LOCAL FIRM AS 
REQUIRED BY EDELCA. TWO U.S. COMPANIES, THE L.E. MYERS COMPANY 
(ASSOCIATED WITH THE VENEZUELAN FIRM ELECVEN, A SUBSIDIARY OF 
ELECNOR OF SPAIN) AND THE PARTNERSHIP OF DONOVAN CONSTRUCTION 
COMPANY AND COMMONWEALTH ASSOCIATES, INC. (ASSOCIATED WITH THE 
VENEZUELIAN 

FIRM CANALEC) HAVE INFORMED EDELCA THAT THEY WISH 
TO PREQUALIFY FOR THE PROJECT. OTHER COMPANIES EXPECTED TO PRE- 
QUALIFY ARE BAULFORD BITTY (PHON.) (U.K.), SAY-ISVECA (ITALY), 

AND SADE (BRAZIL). EDELCA ANXIOUS TO HAVE MORE FIRMS PRE- 
QUALIFY FOR PROJECT. ING. BONAGURO SAID U.S. FIRM MORRISON- 
KNUDSEN IS BEING ENCOURAGED TO PREQUALIFY BECAUSE OF ITS CON- 
STRUCTION MANAGEMENT EXPERIENCE INVOLVING LARGE TRANSMISSION 
LINE PROJECT IN AFRICA. 
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UNCLASSIFIED 
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Message Attributes 


Automatic Decaptioning: X 

Capture Date: 01 -Jan-1 994 12:00:00 am 

Channel Indicators: n/a 

Current Classification: UNCLASSIFIED 

Concepts: n/a 

Control Number: n/a 

Copy: SINGLE 

Sent Date: 10-May-1977 12:00:00 am 
Decaption Date: 01 -Jan-1 960 12:00:00 am 

Decaption Note: 

Disposition Action: n/a 
Disposition Approved on Date: 

Disposition Case Number: n/a 
Disposition Comment: 

Disposition Date: 01 -Jan-1 960 12:00:00 am 
Disposition Event: 

Disposition History: n/a 
Disposition Reason: 

Disposition Remarks: 

Document Number: 1977CARACA04639 

Document Source: CORE 

Document Unique ID: 00 

Drafter: n/a 

Enclosure: n/a 

Executive Order: N/A 

Errors: N/A 

Expiration: 

Film Number: D7701 66-0653 
Format: TEL 
From: CARACAS 
Handling Restrictions: n/a 
Image Path: 

ISecure: 1 

Legacy Key: Iink1977/newtext/t19770576/aaaacnew.tel 

Line Count: 86 
Litigation Code IDs: 

Litigation Codes: 

Litigation History: 

Locator: TEXT ON-LINE, ON MICROFILM 

Message ID: 3858c397-c288-dd1 1-92da-001cc4696bcc 

Office: ACTION ARA 

Original Classification: UNCLASSIFIED 

Original Handling Restrictions: n/a 

Original Previous Classification: n/a 

Original Previous Handling Restrictions: n/a 

Page Count: 2 

Previous Channel Indicators: n/a 
Previous Classification: n/a 
Previous Handling Restrictions: n/a 
Reference: 77 STATE 2361 1 5, 77 CARACAS 9856 
Retention: 0 

Review Action: RELEASED, APPROVED 
Review Content Flags: 

Review Date: 08-Nov-2004 12:00:00 am 
Review Event: 

Review Exemptions: n/a 
Review Media Identifier: 

Review Release Date: n/a 
Review Release Event: n/a 
Review Transfer Date: 

Review Withdrawn Fields: n/a 
SAS ID: 2587864 
Secure: OPEN 
Status: NATIVE 

Subject: MAJOR PROJECT: 800 KV TRANSMISSION LINES 
TAGS: BENC, ENRG, VE 
To: COM 
Type: TE 

vdkvgwkey: odbc://SAS/SAS.dbo.SAS_Docs/3858c397-c288-dd1 1-92da-001cc4696bcc 
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